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SECRET 


# / 
| FES 1962 
LEMORSNDUM FOR: Agting Chief, DPD 
CATERJECT OACART Aireraft Delivery Siippages 


i. Foliowing ia the most recent estimate of OXCART 
25X1A narerait deliveries [ |which has been received from 
: usyveiopment Branch: 


_iveragt Nbr. Purpose Delivery Date Firat Fit. 
rae Test 2: Feb @2 2i Har 62 
eon “Y | 1S Jun 62 w= ner 62 
| ok tamers Tost 15 Sep 82 18 Ser Be 
oa Suai Prainer 1 Dee $2 i Jan 63 
2s AFeiZ Unknown ee 
#6 to #1i Operationsi Unknown etuseteed 


oy 4 Abrorait, the duai trainer, wiil require at 
Gast one additional month of ghakedown flving before it 
oan be reieased tor training purposes on or about | February 
i383. Subsequent to this date, not even a srogs estimate 
2% availabie for deliveries of the operational aircraft. 
UVith the assignment of #4 aircraft to camera test and #5 
sircrart to AP=12 test, the distressing result is that « 
training capability is not programmed beyond dual seator 
“peckout. If the Air Force receives #5 for AF-~12 test, it 
#auid seem logical that (ir Foree pilots would utijize our 
‘T4aai seater for initial chackout, which would further deyrade 
oac treining capability. 
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ee in summary, the wircraft deiivery schedule noted 
in paragraph i, above does not support an acceptable fiying 
training program and ag such wiil seriously effect the 
attainment of an operational capabiiity. 


25X1A 
Chief, Special Projects Branch, OPD 
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